Message 


From: Timperi, Ralph (DPH) [/0=C0M MON WEALTH OF MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=RTIMPERI] 

Sent: 10/7/2003 12:50:13 PM 

To: Tim Fitzpatrick (E-mail) [tim.fitzpatrick@umassmed.edu] 

CC: Robert Jenal (E-mail) [Robert.Jenal@umassmed.edu]; Brian Abbott (E-mail) [brian.abbott@umassmed.edu]; Thomas 

McGuire (E-mail) [thomas.mcguire@umassmed.edu]; Jankauskas, Paul (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=PJankauskas]; Han, Linda (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=LHan]; Belanger, Peter (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=PBelanger]; Borne, Alan (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=ABorne]; Caloggero, Dina (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=DCaloggero]; Cormier, Carol (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=CCormier]; Elvin, Paul (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=PEIvin]; George, Harvey (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=HGeorge]; Grazioplene, Mariah (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=MGrazioplene]; Kopec, Leo (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=LKopec]; Lynch, David (DPH) [David.Lynch@dph.state.ma.us]; 
McCarthy, Kevin (DPH) [Kevin.McCarthy@dph.state.ma.us]; Nassif, Julianne (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=JNassif]; Peppe, Joseph (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=JPeppe]; Pribeck, Kristen (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=KPribeck]; Sloutsky, Alex (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=ASIoutsky]; Smole, Sandra (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=SSmole]; Werner, Barbara (DPH) [/0=C0MM0NWEALTH OF 
MASSACHUSETTS/OU=DPH/CN=RECIPIENTS/CN=BWerner] 

Subject: Renovation projects 

Attachments: renovation plan Sep 29.doc 


Tim, I am sending you a list of identified DPH renovation projects as of October 3. We can use this list to develop a 
timeline and priorities that need to be integrated into overall facility renovations. Paul Jankauskas, an Assistant Director in 
the SLI Environmental Laboratories, will be our lead person to coordinate issues with you and Brian Abbott. Paul has a 
masters degree in engineering and is well qualified to fulfill this role. As you noted, we should meet at least every other 
Wednesday to monitor progress and solve problems related to facilities. I will do my best to attend these meetings and 
have asked Paul to keep this schedule as a permanent part of his calendar. Let's decide what time of the day is best for 
us. 

I hope that we can move ahead with the highest priorities on the list. The prioritization needs to take into account our 
needs and feasibility concerns from a facility perspective so we need to firm up a schedule after discussion. This level of 
detail may best be done by Paul and Brian in discussion with proposals back to us. I am very concerned that if we cannot 
move ahead with critical renovations, the State Lab will lose opportunities and leverage for federal funding to address 
general facility problems such as the main electrical panel so I will appreciate anything you can do to get these projects 
back on track. Thank you, Ralph 



renovation plan 
Sep 29.doc 
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